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UNCLASSIFIED 

PAGE 01 ATHENS 07221 031625Z 
43 

ACTION FBO-08 

INFO OCT-01 EUR-06 NEA-09 ISO-OO SY-04 OC-06 CCO-OO A-01 

SSO-OO /035 W 

118624 

O R 031501Z OCT 74 
FM AMEMBASSY ATHENS 
TO SECSTATE WASHDC IMMEDIATE 5755 
INFO AMEMBASSY BEIRUT 

UNCLAS ATHENS 7221 

E.O. 11652: N/A 

TAGS: ASEC, ACOM. ABLD 

SUBJECT: SECURITY REQUIREMENTS FOR CHANCERY, PROP NO. OB-15218 

REF: STATE 192090 AND DRAWING SK-1 DATED SEPTEMBER 4, 1974 
(WEIDINGER ASSOCIATES) 

1. POST HAS CONCLUDED A SURVEY OF AVAILABILITY OF MATERIALS, 
COST AND TIME FRAME FOR COMPLETION OF THE CCC-CRU AREA 

2. IN ORDER TO PROCEED WITH PROJECT, ATHENS REQUIRES THE 
FOLLOWING: 

A. AUTHORITY TO START PROJECT 

B. FUNDS IN THE AMOUNT OF $8,500.00 

C. ADDITIONAL BUILDER (SEABEE). IT IS ESTIMATED THAT THE 
PROJECT WILL TAKE APPROXIMATELY 50 WORK DAYS WITH PRESENT 
PERSONNEL. TIME CAN BE REDUCED TO 35 WORK DAYS APPROXIMATELY 
WITH EXPERIENCED ADDITIONAL BUILDER. 

D. MATERIALS AND SUPPLIES INCLUDE I BEAMS, BLOCKS, CEMENT, 

LIME, SAND BOLTS, LUMBER, DELIVERY EXPENSES, ETC 

E. STEEL PRICES ARE FIRM UNTIL COB OCTOBER 7. 

KUBISCH 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 03 OCT 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974ATHENS07221 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740280-0234 
From: ATHENS 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1 9741 077/aaaacnvf. tel 

Line Count: 49 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: STATE 192090 AND DRAWING SK-1 DATED, SEPTEMBER 4, 1974 

Review Action: RELEASED, APPROVED 

Review Authority: cunninfx 

Review Comment: n/a 

Review Content Flags: 

Review Date: 10 OCT 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <10 OCT 2002 by ReddocGW>; APPROVED <06 FEB 2003 by cunninfx> 

Review Markings: 
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EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SECURITY REQUIREMENTS FOR CHANCERY, PROP NO. OB-15218 
TAGS: ASEC, ACOM, ABLD 
To: STATE 
Type: TE 
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